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CONFIDENTIAL SOFIA 0455 

E.O 11652 GDS 
TAGS: ASEC 

SUBJECT: EMERGENCY GENERATOR RELOCATION 

REF: A) STATE 265326; B) SOFIA 0642 (1974); C) SOFIA 0225; 

D) SOFIA 0267; E) A-8967 (11/26/74). 

1. EMBASSY HAS RECEIVED ESTIMATE FROM DIPLOMATIC 
SERVICE BUREAU TO INSTALL SUPPORTING "I" BEAMS AND ERECT 
AN IRON-FRAMED ROOF WITH CORRUGATED FIBERGLASS COVER FOR 
TOTAL BULGARIAN LEVA 680 (DOLLARS 567). ESTIMATE IN- 
CLUDES WRITTEN OPINION BY ENGINEER THAT BALCONY STRUCTURE 
WILL SUPPORT WEIGHT OF GENERATOR AND SPECIFIED DAY TANK 
(5512 POUNDS) PLUS WEIGHT OF AIR CONDITIONING CHILLER 

(2079 POUNDS) INSTALLED OVER AIR SHAFT. 

2. WE HAVE DETERMINED THAT IN ORDER TO ADEQUATELY 
SERVICE GENERATOR WALL RUNNING PARALLEL TO AIR SHAFT 
WILL HAVE TO BE CONSTRUCTED OF SHEET STEEL AND INCORPORATE 
ROLL-DOWN STEEL DOOR AT LEAST 80 INCHES LONG. DAY 

TANK OF 200 GALLON CAPACITY SHOWN IN DRAWING C-5361.39 IS 
MUCH LARGECTHAN SPACE AVAILABLE. SUGGEST USE OF 50 GALLON 
TANK FOR THIS PURPOSE. WITH EXCEPTION OF SHEET STEEL AND 
REINFORCING RODS ALL MATERIALS SHOULD BE GFE (AS LISTED 
REF E). 

3. AMENDED DRAWING AND CONSTRUCTION NOTES FOLLOW BY NEXT 
POUCH. 
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4. IF EMBASSY IS SUCCESSFUL IN ACQUIRING LAND FOR 
AND BUILDING CHANCERY (REFTELS B, C, D) WITHIN NEXT 
FOUR-SIX YEARS, WONDER IF GENERATOR SHOULD BE MOVED. 

WILL APPRECIATE GUIDANCE THIS POINT. 

BATJER 
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